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Message Text 

CONFIDENTIAL 

PAGE 01 BAMAKO 02745 I3I038Z 
ACTION OC-06 

INEO OCT-OI AE-IO ISO-00 CCO-00 EBOE-00 SY-05 A-OI 
OCL-00 /023 W 

039416 I3II45Z/43 

R 130905Z JUN 78 
EM AMEMBASSY BAMAKO 
TO SECSTATE WASHDC 9711 
INEO AMEMBASSY ABIDJAN 
AMEMBASSY ACCRA 
AMEMBASSY MONROVIA 

CONEIDENTIAL BAMAKO 2745 

STATE EOR A/OC, A/FBO, A/SY/FO 

ABIDJAN FOR RSO 

ACCRA FOR RCO 

MONROVIA FOR ATO 

E.O. 11652: GDS 

TAGS: AFAC, ASEC, ABED 

SUBJ: ROOE RESUREACING AND REMODELING 

REF: (A) BAMAKO 1079, (B) OC/PE MEMO DATED EEB 15, 1978 

1. PER REETEL A, ITEMS 1 A THRU C COMPLETED. ALSO ITEM E, CON- 
STRUCTION OE PARAPET WALL, IN EINAL STAGES OE COMPLETION. ITEM G, 
RE-ROOEING OE CHANCERY HAS BEEN STARTED, DESPITE ONSET OE 
RAINY SEASON WHICH WILL DELAY COMPLETION. 

2. ITEM 1 D, INSTALLATION OE NEW AIR CONDITIONING SYSTEM NOT 
POSSIBLE, AS NEW UNIT HAS ARRIVED IN DAMAGED CONDITION WHICH WILL 
MOST PROBABLY PRECLUDE INSTALLATION UNTIL REPLACEMENT PARTS 
ARRIVE. PLEASE REEER TO DRAWINGS OE TWIN CCJYEA CHILLERZN NO. ESP- 
CONEIDENTIAL 

CONEIDENTIAL 

PAGE 02 BAMAKO 02745 131038Z 

525 PREPARED BY EDWARDS ENGINEERING CORP., AND SUBMITTED WITH 
REF B. ITEMS LABELED "B", INGERSOLL RAND 1 1/4 X 5HK - 
1-4-1 PUMP, CONTAIN SERIOUSLY CRACKED PUMPHEADS AND APPEAR TO 
HAVE LEAKED RUSTY WATER. 

3. DRAWINGS SUBMITTED REE B DO NOT INDICATE THE SIZE AND LOCA- 
TION OE ELECTRICAL AND WATER SERVICE LINES NEEDED EOR NEW 
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AIR CONDITIONING UNIT. AS RE-ROOFING PROJECT NOW IN PROGRSS, 

POST WOULD LIKE TO MAKE NECESSARY ROOE PENETRATIONS NOW AND 
HAVE ROOFERS RESURFACE AROUND SAME. IF IT IS POSSIBLE TO 
USE OR MODIEY EXISTING SERVICE LINES, PLEASE ADVISE HOW THIS 
COULD BEST BE DONE. 

4. POST, HOWEVER, SUGGESTS SENDING AN EXPERT TO ASSESS DAMAGE 
TO NEW UNIT AND TO ADVISE AS TO MOST FAVORABLE LOCATION AND 
SIZE OE NECESSARY ROOE PENETRATIONS. 

BYRNE 


CONFIDENTIAL 


NNN 
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